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PROGRAM - 
Data as of June 21, 2010 

Project MassDOT Construction 

Number Project Description City/Town District | Contract Number Construction Contractor Bid Amount 

Substantially Complete 22 

602349 CHESTER- BRIDGE PRESERVATION, C-11-013, MAPLE STREET CHESTER 1 56842 Northern Construction Service, LLC $2,874,395 
OVER THE WEST BRANCH OF THE WESTFIELD RIVER 

603406 FRAMINGHAM- BRIDGE BETTERMENT, F-07-040, MAIN FRAMINGHAM 3 56846 E.T. & L. Corp $610,275 
STREET OVER ROUTE 9 

604463 ASHBURNHAIMM- BRIDGE REPLACEMENT, A-11-016, LAKE ASHBURNHAM 3 58177 Construction Dynamics, Inc. $657,686 
ROAD OVER WATATIC LAKE OUTLET 

604703 FALL RIVER- BRIDGE BETTERMENT, F-02-041, HIGHLAND FALL RIVER 5 56387 B & E Construction Corp. $1,741,965 
AVENUE OVER ROUTE 24 (SB) 

604932 QUINCY- BRIDGE PRESERVATION, Q-01-009, HANCOCK QUINCY 4 56216 Newport Construction Corporation $846,708 
STREET OVER SAGAMORE STREET (PHASE 1) 

605045 BECKET- BRIDGE PRESERVATION, B-03-016, McNERNEY ROAD BECKET 1 57889 Roach & Sons, Inc., David G. $859,482 
OVER SHAKER MILL BROOK 

605057 CHICOPEE-WEST SPRINGFIELD- BRIDGE PRESERVATION, C-13- CHICOPEE-WEST SPRINGFIELD 2 56338 MIG Corporation, Inc. $3,329,638 
034=W-21-043, I-91 OVER CONNECTICUT RIVER 

605074 WESTBOROUGH- BRIDGE PRESERVATION, W-24-026, LYONS WESTBOROUGH 3 56636 Prime Coatings, Inc. $714,540 
STREET OVER STATE ROUTE 9 (TURNPIKE ROAD) 

605082 HUNTINGTON- BRIDGE BETTERMENT, H-27-006, ROUTE 112 HUNTINGTON 1 56608 M &J Construction Company of $1,852,278 
(WORTHINGON ROAD) OVER CSX RR AND WESTFIELD RIVER Pinellas County, Inc. 

605225 DISTRICT 4- SCHEDULED & EMERGENCY STRUCTURAL REPAIRS DISTRICT4 4 56588 Kodiak Corporation $1,770,651 
(ESSEX COUNTY - CONTRACT #2) 

605234 DISTRICT 3- SCHEDULED SUBSTRUCTURE REPAIRS & RELATED DISTRICT3 3 56745 N. E. L. Corporation $3,065,150 
WORK (AREA A) 

605240 DISTRICT 3- SCHEDULED SUBSTRUCTURE REPAIRS & RELATED DISTRICT3 3 56746 N. E. L. Corporation $3,719,550 
WORK (AREA B) 

605241 DISTRICT 3- SCHEDULED SUBSTRUCTURE REPAIRS & RELATED DISTRICT3 3 56748 N. E. L. Corporation $3,150,350 
WORK (AREA C) 

605359 DISTRICT 4- SCHEDULED & EMERGENCY DECK AND JOINT DISTRICT4 4 57343 Sealcoating, Inc. $5,679,302 
REPAIRS (ESSEX & MIDDLESEX COUNTIES) 

605360 DISTRICT 4- SCHEDULED & EMERGENCY DECK AND JOINT DISTRICT4 4 57344 Sealcoating, Inc. $4,855,740 
REPAIRS (NORFOLK & SUFFOLK COUNTIES) 

605441 GRAFTON- BRIDGE REHABILITATION, G-08-007, PLEASANT GRAFTON 3 57664 SPS New England, Inc. $4,236,603 
STREET OVER BLACKSTONE RIVER (ABP-DB1) 

605507 BOSTON- CAMBRIDGE- SIDEWALK REPLACEMENT, B-16-007, | BOSTON-CAMBRIDGE 6 60257 Unified Contracting, Inc. $2,314,950 
ROUTE 2 OVER SOLDIERS FIELD ROAD & CHARLES RIVER (BU 
BRIDGE) 

605509 BOSTON- BRIDGE REPLACEMENT, B-16-365, BOWKER BOSTON 6 60263 SPS New England, Inc. $5,688,915 
OVERPASS OVER STORROW DRIVE 

605514 DOVER- SUBSTRUCTURE REPAIRS, D-10-007, CHENEY BRIDGE DOVER 4 60267 Prime Coatings, Inc. $599,070 
OVER CHARLES RIVER 

605523 BOSTON- DECK AND SUBSTRUCTURE REPAIRS, (B-16-187), BOSTON 6 60260 New England Infrastructure, Inc. $1,840,777 
RIVER STREET OVER MOTHER BROOK 

605525 BOSTON- STRUCTURES MAINTENANCE, (B-16-462, B-16-457) BOSTON 6 60256 SPS New England, Inc. $10,283,555 
STORROW DRIVE WEST BOUND OVER STORROW DRIVE EAST 
BOUND 

605531 EVERETT- MEDFORD- STRUCTURE MAINTENANCE, E-12- EVERETT-MEDFORD 4 60259 N. E. L. Corporation $2,175,000 


004=M-12-018, REVERE BEACH PARKWAY (ROUTE 16) OVER 
THE MALDEN RIVER (WOODS MEMORIAL DRAW BRIDGE) 





In Construction 54 


068611 LOWELL- BRIDGE REHABILITATIONS ON ROUTE I-495, L-15- LOWELL 4 58439 Middlesex Corp. (The) $34,392,000 
082, CONCORD RIVER, L-15-083, B&M RR & L-15-084, 
WOBURN STREET 























601393 — BROCKTON- BRIDGE REPLACEMENT, B-25-060 (AVA), BROCKTON 5 59675 LM Heavy Civil Construction, LLC $933,932 
BARTLETT STREET OVER SALISBURY BROOK 

601447 _ FALL RIVER- SOMERSET- BRIDGE PAINTING, F-02-058=S-16- FALL RIVER SOMERSET 5 56415 M &J Painting Company $13,265,875 
008, ROUTE I-195 OVER THE TAUNTON RIVER (BRAGA BRIDGE) 

602543 _ IPSWICH- BRIDGE REPLACEMENT, I-01-007, ROUTE 1A (HIGH IPSWICH 4 61463 Kodiak Corporation $7,782,798 
STREET) OVER THE MBTA & B&M RAILROAD 

602570 — SPRINGFIELD- BRIDGE BETTERMENT, LONGHILL STREET (NB & SPRINGFIELD 2 56557 Northern Construction Service, LLC $3,890,085 
SB) AND ROUTE 5 OVER I-91, INCLUDES $-24-049, S-24-050, S- 
24-051 

602640  WINDSOR- BRIDGE REPLACEMENT, W-41-020, HIGH STREET | WINDSOR 1 61916 Maxymillian, Inc., J. H. $638,946 
HILL ROAD OVER WESTFIELD BROOK (AKA- POLLY HARWOOD 
BRIDGE) 

603244. RANDOLPH- BRIDGE REPLACEMENT, R-01-012, MDC ACCESS RANDOLPH 4 57641 Zoppo Corp, R. $3,858,630 


ROAD OVER ROUTE 24 (NB & SB) 
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Project Construction 

Number Project Description City/Town Contract Number Construction Contractor Bid Amount 

In Construction 54 

603290 SPRINGFIELD- BRIDGE PRESERVATION, S-24-068, LIBERTY SPRINGFIELD 57676 Northern Construction Service, LLC $4,360,510 
STREET OVER ROUTE I-291 AND S-24-069, ARMORY STREET 
OVER ROUTE I-291 

603321 WESTMINSTER- BRIDGE REPLACEMENT, W-28-021, ROUTE 2. WESTMINSTER 62371 SPS New England, Inc. $11,378,916 
(EB & WB) OVER WEST MAIN STREET (ROUTE 140) 

603350 STURBRIDGE- BRIDGE REHABILITATION, S-30-004, HAYNES STURBRIDGE 62564 Tully Construction Corp. $1,856,890 
STREET OVER THE QUINEBAUG RIVER 

603417 NORWOOD- BRIDGE REPLACEMENT, N-25-003, MORSE NORWOOD 60198 Construction Dynamics, Inc. $988,134 
STREET OVER THE NEPONSET RIVER 

603495 PHILLIPSTON- BRIDGE REPLACEMENT, P-09-004, ROUTE 2 PHILLIPSTON 63235 SPS New England, Inc. $3,143,500 
OVER ROUTE 2A (STATE ROAD) 

603595 ATTLEBORO- BRIDGE PRESERVATION, A-16-042, I-95 (NB& |= ATTLEBORO 56836 Atsalis Brothers Painting Company $3,844,957 
SB) OVER WASHINGTON ST (US 1); BR# A-16-043, I-95 NB & 
SB OVER NEWPORT AVE (RTE 1A); BR# A-16-061 I-295 NB & 
SB OVER I-95. 

603794 PETERSHAM- BRIDGE BETTERMENT, P-08-001, ROUTE 32 & PETERSHAM 57045 E. T. & L. Corp $1,638,659 
122 OVER THE EAST BRANCH OF THE SWIFT RIVER 

603975 GARDNER- BRIDGE REPLACEMENT, G-01-023, TRAVERS GARDNER 60857 Construction Dynamics, Inc. $1,023,358 
STREET OVER TRAVERS POND OUTLET 

603992 SOUTHBRIDGE- BRIDGE RECONSTRUCTION, S-21-033, ALPINE SOUTHBRIDGE 62672 Tully Construction Corp. $1,142,384 
DRIVE OVER LEBANON BROOK 

604166 CHESHIRE- BRIDGE REPLACEMENT, C-10-007, HARBOR ROAD - CHESHIRE 62024 Lane Construction Corp., The $942,284 
OVER HOOSIC RIVER 

604218 SPRINGFIELD- BRIDGE PRESERVATION, S-24-032, STATE SPRINGFIELD 57759 New England Infrastructure, Inc. $1,964,744 
STREET OVER ROOSEVELT AVENUE 

604421 BOSTON- CAMBRIDGE- BRIDGE REHABILITATION, B-16-009=C- BOSTON-CAMBRIDGE 63232 SPS New England, Inc. $17,773,374 
01-002, CAMBRIDGE STREET OVER THE CHARLES RIVER 
(MEMORIAL & STORROW DRIVE) (AKA - LONGFELLOW 
BRIDGE) *EARLY ACTION - PHASE 1* 

604464 EASTHAMPTON- BRIDGE REPLACEMENT, E-05-019, HENDRICK EASTHAMPTON 61793 Roach & Sons, Inc., David G. $1,158,692 
STREET OVER BROAD BROOK 

604483 HANOVER- HANSON- BRIDGE REPLACEMENT, H-06-003=H-07- HANOVER-HANSON 60310 Will Corporation, A. A. $1,391,768 
003, BROADWAY OVER INDIAN HEAD RIVER 

604604 CHICOPEE- SPRINGFIELD- INTERSTATE MAINTENANCE & CHICOPEE-SPRINGFIELD 57890 Lane Construction Corp., The $17,208,243 
RELATED WORK ON I-91 

604683 BOSTON- BRIDGE RECONSTRUCTION, B-16-196, MORRISSEY BOSTON 60261 Wes Construction Corp. $6,238,965 
BOULEVARD OVER MOUNT VERNON STREET (AKA - LECH 
WALESA BRIDGE) & REHAB OF N-09-003 (AKA PATTEN'S 
COVE) DCR 

604685 BOSTON- CAMBRIDGE- DAM BRIDGE REHABILITATION, B-16- _BOSTON-CAMBRIDGE 60262 White Contracting Co., J. F. $40,287,875 
013=C-01-019, CHARLES RIVER DAM ROAD (STATE ROUTE 28) 
OVER THE CHARLES RIVER (CRAIGIE BRIDGE) AND 
DRAWBRIDGE REHABILITATION (CRAIGIE DRAWBRIDGE, 
FORMERLY PROJECT NO. 605530) 

604704 MIDDLEBOROUGH- RAYNHAM- BRIDGE BETTERMENT, M-18- MIDDLEBOROUGH -RAYNHAM 56482 B & E Construction Corp. $1,997,799 
041=R-02-017, I-495 (NB) OVER THE TAUNTON RIVER 

604747 BROCKTON- BRIDGE BETTERMENT, B-25-048, ROUTE 123 BROCKTON 56580 Aetna Bridge Company $3,425,216 
(BELMONT STREET) OVER ROUTE 24 

604749 LAWRENCE- BRIDGE BETTERMENT, L-04-001, ROUTE 28 LAWRENCE 57342 Pihl, Inc. $8,488,524 
(BROADWAY) OVER THE MERRIMACK RIVER 

604827 LOWELL- BRIDGE BETTERMENT, L-15-059, L-15-060 & L-15- LOWELL 58185 MIG Corporation, Inc. $10,844,655 
061, (HUNTS FALLS & ROTARY BRIDGES) SR110 & SR38 OVER 
THE MERRIMACK RIVER 

604933 SOUTH HADLEY- BRIDGE PRESERVATION, S-18-015, ROUTE SOUTH HADLEY 57675 E.T. & L. Corp $3,395,342 
202 OVER BARDWELL STREET & S-18-016, ROUTE 202 OVER 
ROUTE 116 

604981 PEABODY- BRIDGE BETTERMENT, P-03-023 (RAMPS A&B) & P- PEABODY 56859 Northern Construction Service, LLC $4,565,429 
03-024 (RAMPS G&F), I-95 RAMPS OVER STATE ROUTE 128 

604982 AGAWAW- SPRINGFIELD- BRIDGE PRESERVATION (PAINTING), AGAWAM-SPRINGFIELD 56365 Atsalis Brothers Painting Company $6,828,600 
A-05-001=S-24-005, ROUTE 5 OVER THE CONNECTICUT RIVER 

605078 HAWLEY- BRIDGE DECK PRESERVATION, H-13-007, WEST HAWLEY 57804 Lane Construction Corp., The $2,098,902 
HAWELY ROAD (ROUTE 8A) OVER CHICKLEY RIVER 

605085 MARLBOROUGH- BRIDGE PRESERVATION, M-06-016, I-290 MARLBOROUGH 58007 MIG Corporation, Inc. $3,547,025 
(EB & WB) OVER 1-495 

605097 NEWBURYPORT- SALISBURY- BRIDGE PRESERVATION NEWBURYPORT-SALISBURY 58658 Prime Coatings, Inc. $2,619,621 
(PAINTING), N-11-011=S-02-003, ROUTE 1 OVER MERRIMACK 
RIVER 

605099 FALL RIVER- SOMERSET- BRIDGE PRESERVATION, F-02-058, I- FALL RIVER-SOMERSET 63039 Aetna Bridge Company $10,237,896 
195 OVER THE COMB SR 79 & TAUNTON RIVER (BRAGA 
BRIDGE) 
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Project MassDOT Construction 











































































































Number Project Description City/Town District | Contract Number Construction Contractor Bid Amount 
In Construction 54 
605133 DISTRICT 5- EMERGENCY & NON-ROUTINE STEEL BEAM DISTRICTS 5 57227 Aetna Bridge Company $1,597,700 
REPAIRS AT VARIOUS LOCATIONS 
605209 MILTON- BRIDGE BETTERMENT, M-25-028, PONKAPOAG MILTON 4 57758 RDA Construction Corp. $3,152,524 
TRAIL OVER I-93/US-1 
605224 DISTRICT 4- SCHEDULED & EMERGENCY STRUCTURAL REPAIRS DISTRICT4 4 56587 N. E. L. Corporation $1,780,660 
(MIDDLESEX COUNTY - CONTRACT #1) 
605226 DISTRICT 4- SCHEDULED & EMERGENCY STRUCTURAL REPAIRS DISTRICT4 4 56589 N. E. L. Corporation $3,203,020 
(NORFOLK & SUFFOLK COUNTIES - CONTRACT #3) 
605236 DISTRICT 2- BRIDGE SUBSTRUCTURE REPAIRS (SECTION 2A) DISTRICT2 2 56993 SPS New England, Inc. $4,163,600 
605237 DISTRICT 2- BRIDGE SUBSTRUCTURE REPAIRS (SECTION 2B) DISTRICT2 2 56995 SPS New England, Inc. $4,163,600 
605247 DISTRICT 3- SCHEDULED & EMERGENCY BRIDGE DECK REPAIRS DISTRICT3 3 57162 SPS New England, Inc. $2,693,820 
605262 DISTRICT 1- SCHEDULED & EMERGENCY SUBSTRUCTURE DISTRICT1 1 56779 Northern Construction Service, LLC $1,085,500 
REPAIRS AT VARIOUS LOCATIONS 
605361 DISTRICT 5- SCHEDULED & EMERGENCY REPAIRS TO DISTRICTS 5 57636 SPS New England, Inc. $2,290,043 
SUBSTRUCTURES AT VARIOUS LOCATIONS ON ROUTE 24 
CORRIDOR 
605363 DISTRICT 4- SCHEDULED & EMERGENCY SUBSTRUCTURE DISTRICT4 4 56750 N. E. L. Corporation $4,309,180 
REPAIRS ON I-93 CORRIDOR & VARIOUS LOCATIONS 
605461 BROOKFIELD- CHARLTON- SPENCER- WEST BROOKFIELD- BROOKFIELD-CHARLTON- 2 62862 E.T. & L. Corp $16,435,000 
WESTBOROUGH- WORCESTER- BRIDGE RECONSTRUCTION, B- SPENCER-WEST BROOKFIELD- 
26-003, C-06-013, C-06-014, S-23-024, W-19-015, W-24-007 & WESTBOROUGH-WORCESTER 
W-44-022 (CSX DESIGN/BUILD - ABP-CSX3) 
605466 DISTRICT 2- INTERSTATE DECK REPAIRS (ABP-PR4) DISTRICT2 2 63233 SPS New England, Inc. $1,461,488 
605469 DISTRICT 2- SCHEDULED AND EMERGENCY BRIDGE DISTRICT2 2 62560 MIG Corporation, Inc. $2,566,678 
STRUCTURAL REPAIRS AT VARIOUS LOCATIONS (ABP-NFA2) 
605490 DISTRICT 4- SCHEDULED & EMERGENCY REPAIRS (ABP-PR12) DISTRICT4 4 60559 N. E. L. Corporation $624,743 
605493 DISTRICT 5- INTERSTATE DECK REPAIRS (ABP-PR13) DISTRICTS 5 63317 Sealcoating, Inc. $763,490 
605506 BOSTON-CAMBRIDGE: DECK REPLACEMENT, B-16-007=C-01- BOSTON-CAMBRIDGE 6 60258 Pihl, Inc. $17,875,526 
004, ROUTE 2 OVER SOLDIERS FIELD ROAD & CHARLES RIVER 
(BU BRIDGE) 
605518 CAMBRIDGE- BRIDGE REPLACEMENT, C-01-041, MAGAZINE CAMBRIDGE 6 61941 S & R Corporation $3,593,615 
BEACH PEDESTRIAN BRIDGE OVER ROUTE 3 (MEMORIAL 
DRIVE) 
605521 BOSTON- FULL DECK REPLACEMENT, B-16-390, ROUTE 3A BOSTON 6 61371 White Contracting Co., J. F. $33,714,944 
(MORRISSEY BOULEVARD) OVER NEPONSET RIVER 
(NEPONSET RIVER BRIDGE - PHASE II) 
605532 DCR- BRIDGE PRESERVATION AT VARIOUS LOCATIONS DCR 6 60266 
In Procurement 16 
603602 ASHLAND- BRIDGE REPLACEMENT, A-14-002, ROUTE 135 ASHLAND 3 
(UNION STREET) OVER THE SUDBURY RIVER 
604007 WELLESLEY- BRIDGE REPLACEMENT, W-13-015, CEDAR WELLESLEY 4 
STREET OVER ROUTE 9 WORCESTER STREET 
604252 SUTTON- BRIDGE RECONSTRUCTION, S-33-013, MAIN STREET SUTTON 3 
OVER THE MUMFORD RIVER 
604264 STERLING- BRIDGE REPLACEMENT, S-25-006, ROUTE 62 STERLING 3 
(PRINCETON ROAD) OVER THE STILLWATER RIVER 
604419 BROCKTON- BRIDGE REPLACEMENT, B-25-032, WHITE BROCKTON 5 63793 B & E Construction Corp. $994,726 
AVENUE OVER SALISBURY BROOK 
604634 FITCHBURG- BRIDGE REPLACEMENT, F-04-053, ASHBY WEST FITCHBURG 3 
ROAD OVER THE SCOTT RESERVOIR OUTLET 
605464 DISTRICT 1- SCHEDULED AND EMERGENCY REPAIRS (ABP- DISTRICT1 1 
PR18) 
605468 DISTRICT 2- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR5) = DISTRICT2 2 
605475 DISTRICT 3- INTERSTATE DECK REPAIRS (ABP-PR7) DISTRICT3 3 63234 N. E. L. Corporation $1,232,440 
605477 DISTRICT 3- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR8) —DISTRICT3 3 63976 Aetna Bridge Company $3,257,000 
605483 HAVERHILL- DECK REPLACEMENT, H-12-057, WARD HILL HAVERHILL 4 
CONNECTOR OVER FERRY ROAD & RAILROAD (ABP-PR25) 
605484 DISTRICT 4- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR11) DISTRICT4 4 63579 N. E. L. Corporation $1,178,344 
605495 DISTRICT 5- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR14) DISTRICTS 5 63700 MIG Corporation, Inc. $1,237,461 
605526 NEWTON- WELLESLEY- BRIDGE REHABILITATION (PED), N-12- NEWTON-WELLESLEY 6 63701 Unified Contracting, Inc. $474,200 
086=W-13-026, LOWER FALLS AT CONCORD STREET OVER 
CHARLES RIVER (P-40) 
605795 FALL RIVER- SCHEDULED & EMERGENCY DECK & STEEL FALL RIVER 5 63320 N. E. L. Corporation $5,359,355 
REPAIRS ON ROUTE 79 VIADUCT & I-195 RAMPS 
605938 QUINCY- BRIDGE REHABILITATION, Q-01-009, HANCOCK QUINCY 6 63978 LM Heavy Civil Construction, LLC $3,440,519 
STREET OVER SAGAMORE STREET (PHASE II) 
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Number Project Description City/Town District | Contract Number Construction Contractor Bid Amount 
In Design 93 
024090 KINGSTON- BRIDGE REPLACEMENT, K-01-002, ELM STREET KINGSTON 5 
OVER THE JONES RIVER 
054400 ATTLEBORO- BRIDGE REPLACEMENT, A-16-025, OLIVE STREET ATTLEBORO 5 
OVER MBTA/AMTRAK 
061301 HAVERHILL- WEST NEWBURY- BRIDGE REHABILITATION, H-12- HAVERHILL -WEST NEWBURY 4 


020=W-20-004, MAIN STREET OVER THE MERRIMACK RIVER 
(ROCKS VILLAGE BRIDGE) 





600776 WELLESLEY- BRIDGE REPLACEMENT, W-13-007, ROCKLAND WELLESLEY 6 
STREET OVER CONRAIL 





601096 AMESBURY- NEWBURYPORT- SALISBURY - BRIDGE AMESBURY -NEWBURYPORT 4 
REPLACEMENTS ON ROUTE I-95, A-07-016=N-11-007, OVER 
MERRIMACK RIVER (WHITTIER BRIDGE) & A-07-017 OVER 
EVANS PLACE 























601322 SOUTHWICK- BRIDGE REPLACEMENT, S-22-005, ROUTE SOUTHWICK 2 
202/ROUTE 10 OVER JOHNSON BROOK 

601667 MILLIS- BRIDGE REPLACEMENT, M-23-006, PLEASANT STREET MILLIS 3 
OVER CHARLES RIVER 

601796 WEST BROOKFIELD- BRIDGE REPLACEMENT, W-19-006, LONG WEST BROOKFIELD 2 
HILL ROAD OVER CSX RR 

601986 ANDOVER- BRIDGE REPLACEMENT, A-09-011, STATE ROUTE ANDOVER 4 
28 (NORTH MAIN STREET) OVER MBTA RR 

602219 SOMERVILLE- BRIDGE REHABILITATION, S-17-005, CROSS SOMERVILLE 6 
STREET OVER THE B&M RAILROAD 

602464 FRAMINGHAM- BRIDGE REPLACEMENTS, F-07-003 & F-07- FRAMINGHAM 3 
065, WINTER STREET OVER SUDBURY RIVER 

602540 BRIMFIELD- BRIDGE REPLACEMENT, B-24-006, STROUTE19 BRIMFIELD 2 
(WALES ROAD) OVER MILL BROOK INCLUDING REPAIR OF 
ABUTMENT 

602859 ALFORD- BRIDGE REPLACEMENT, A-06-003, ALFORD ROAD ALFORD 1 


OVER THE SEEKONK BROOK 





603003 EAST BROOKFIELD- BRIDGE REPLACEMENT, E-02-002, SHORE EAST BROOKFIELD 3 
ROAD OVER EAST BROOKFIELD RIVER 


603180 CHICOPEE- BRIDGE REPLACEMENT, C-13-008, ROUTE 116 CHICOPEE 2 
(SPRINGFIELD STREET) OVER THE CHICOPEE RIVER (AKA - 
DAVITT MEMORIAL BRIDGE) & BRIDGE REHABILITATION, C-13- 
007, ROUTE 116 (SPRINGFIELD STREET) OVER DWIGHT MFG. 

















CANAL 

603252 TAUNTON- SUPERSTRUCTURE REPLACEMENT, T-01-051, TAUNTON 5 
HOLLOWAY STREET OVER ROUTE 140 N.B. 

603443 BOSTON- BRIDGE REPLACEMENT, B-16-167, RIVER STREET BOSTON 6 
OVER MBTA 

603576 TAUNTON- BRIDGE REPLACEMENT, T-01-021, BAY STREET TAUNTON 5 
OVER THE MILL RIVER 

603591 HOLDEN- BRIDGE REPLACEMENT, H-18-008, ROUTE 31 HOLDEN 3 
(WACHUSETT STREET) OVER THE QUINAPOXET RIVER 

603646 WORTHINGTON- BRIDGE REPLACEMENT, W-45-006, ROUTE WORTHINGTON 1 
112 OVER KEARNEY BROOK 

603654 BOSTON- BRIDGE REPLACEMENT, B-16-163, MORTON STREET BOSTON 6 
OVER THE MBTA & CSX RAILROAD 

603670 BOURNE- WAREHAM- BRIDGE REPLACEMENT, B-17-017=W- BOURNE -WAREHAM 5 


06-012, US ROUTE 6 & STATE ROUTE 28 (CRANBERRY 
HIGHWAY) OVER COHASSET NARROWS 





























603671 PEPPERELL- BRIDGE REPLACEMENT, P-06-003, MILL STREET PEPPERELL 3 
OVER THE NISSITISSIT RIVER 

603690 CHATHAM- BRIDGE REPLACEMENT, C-07-001, BRIDGE STREET CHATHAM 5 
OVER THE MITCHELL RIVER 

603694 FRAMINGHAM- BRIDGE RECONSTRUCTION, F-07-063, FRAMINGHAM 3 
DANFORTH STREET OVER THE SUDBURY RIVER 

603701 DALTON- BRIDGE REPLACEMENT, D-01-012, CLEVELAND DALTON 1 
ROAD OVER WAHCONAH FALLS BROOK 

603704 CHARLEMONT- BRIDGE REPLACEMENT, C-05-036, MOUNTAIN CHARLEMONT 1 
ROAD OVER HARTWELL BROOK 

603710 FRAMINGHAM- BRIDGE REPLACEMENT, F-07-015, WINTER FRAMINGHAM 3 
STREET OVER MBTA, AMTRAK & CSX RAILROAD 

603713 DOVER- NEEDHAM- BRIDGE REPLACEMENT, D-10-004=N-04- DOVER -NEEDHAM 6 
007, WILLOW STREET OVER CHARLES RIVER 

603725 LOWELL- BRIDGE REPLACEMENT, L-15-072, LOWELL LOWELL 4 
CONNECTOR (EB & WB) OVER PLAIN STREET 

603735 HOLYOKE- BRIDGE REPLACEMENT, H-21-039, ROUTE 202 HOLYOKE 2 


(BEECH STREET) OVER B&M R.R. 
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Number Project Description City/Town District | Contract Number Construction Contractor Bid Amount 

In Design 93 

603793 HOPKINTON- SOUTHBOROUGH- BRIDGE REPLACEMENT, H-23- HOPKINTON - 3 
004=S-20-008, ROUTE 85 (RIVER STREET) OVER THE SUDBURY SOUTHBOROUGH 
RIVER 

603892 DENNIS- BRIDGE REPLACEMENT, D-07-001, UPPER COUNTY DENNIS. 5 
ROAD OVER SWAN RIVER 

603983 ATTLEBORO- BRIDGE REHABILITATION, A-16-018, NORTH ATTLEBORO 5 
MAIN STREET OVER BUNGAY RIVER 

604005 CONWAY- BRIDGE REPLACEMENT, C-20-003, NORTH POLAND CONWAY 1 
ROAD OVER POLAND BROOK 

604032 DUDLEY- BRIDGE REPLACEMENT, D-12-010, WEST DUDLEY DUDLEY 3 
ROAD OVER THE QUINEBAUG RIVER 

604046 FITCHBURG- BRIDGE REPLACEMENT, F-04-007, ROUTE 2A FITCHBURG 3 


(KIMBALL STREET) OVER THE NASHUA RIVER 





604048 EASTHAMPTON- BRIDGE REPLACEMENT, E-05-006, ROUTE 10 EASTHAMPTON 2 
(NORTHAMPTON STREET) OVER MANHAN RIVER 





604050 SANDISFIELD- BRIDGE REPLACEMENT, S-03-004, ROUTE 8& SANDISFIELD 1 
57 OVER THE WEST BRANCH FARMINGTON RIVER 





604051 COLRAIN- BRIDGE REPLACEMENT, C-18-023, ROUTE 112 COLRAIN 1 
(GRISWOLDVILLE ROAD) OVER GRISWOLDVILLE CANAL 


604161 NORTHBRIDGE- BRIDGE REPLACEMENT, N-21-004, DOUGLAS NORTHBRIDGE 3 
ROAD OVER THE MUMFORD RIVER 





604329 FAIRHAVEN- NEW BEDFORD- BRIDGE PRESERVATION, F-01- = FAIRHAVEN -NEW BEDFORD 5 
002=N-06-001 (EAST & WEST BRIDGES) ROUTE 6 OVER 
ACUSHNET RIVER & N-06-025, HATHAWAY ROAD OVER 
ROUTE I-195 





604361 BOSTON- CAMBRIDGE- BRIDGE REHABILITATION, B-16-009=C- BOSTON-CAMBRIDGE 6 
01-002, CAMBRIDGE STREET OVER THE CHARLES RIVER 
(MEMORIAL DRIVE & STORROW DRIVE) (AKA - LONGFELLOW 














BRIDGE) 

604382 QUINCY- WEYMOUTH- BRIDGE REPLACEMENT, Q-01-001=W- QUINCY-WEYMOUTH 6 
32-001, STATE ROUTE 3A (WASHINGTON STREET) OVER THE 
FORE RIVER 

604409  WORCESTER- BRIDGE PAINTING ON I-290, INCLUDES W-44- | WORCESTER 3 
108, W-44-107, W-44-106, W-44-105, W-44-104, W-44-103 

604415 BRIDGEWATER- MIDDLEBOROUGH- BRIDGE REPLACEMENT, B- BRIDGEWATER - 5 
23-005=M-18-002, SUMMER STREET OVER THE TAUNTON — MIDDLEBOROUGH 
RIVER 

604506  NORTHBRIDGE- BRIDGE REPLACEMENT, N-21-002, ROUTE 122 NORTHBRIDGE 3 


(PROVIDENCE ROAD) OVER THE BLACKSTONE RIVER (AKA 
ROSAIRE "ROSS" ROJETTE MEMORIAL BRIDGE) 











604514 UXBRIDGE- BRIDGE REPLACEMENT, U-02-001, STATE ROUTE UXBRIDGE 3 
122 (MAIN STREET) OVER THE BLACKSTONE RIVER 

604516 SHEFFIELD- BRIDGE REPLACEMENT, S-10-023, STATE ROUTE SHEFFIELD 1 
7A (ASHLEY FALLS ROAD) OVER THE HOUSATONIC RAILROAD 

604660 EVERETT- MEDFORD- BRIDGE REPLACEMENT, E-12-004=M-12- EVERETT-MEDFORD 4 


018, REVERE BEACH PARKWAY (ROUTE 16) OVER THE 
MALDEN RIVER (AKA - WOODS MEMORIAL DRAW BRIDGE) 


604690 WORCESTER- BRIDGE REHABILITATION/REPLACEMENT, W-44- WORCESTER 3 
010, (STATE ROUTE 12) WEBSTER STREET OVER MIDDLE RIVER 


604729 SHREWSBURY- WORCESTER- BRIDGE REHABILITATION, S-14- _ SHREWSBURY-WORCESTER 3 
001=W-44-018, STATE ROUTE 9 (BELMONT STREET) OVER 
LAKE QUINSIGAMOND (AKA - KENNETH F. BURNS BRIDGE) 


604732 HUDSON- BRIDGE REPLACEMENT, H-25-003, STATE ROUTE 85 HUDSON 3 
(WASHINGTON STREET) OVER THE ASSABET RIVER 























604788 UXBRIDGE- BRIDGE REPLACEMENT, U-02-030, RIVER ROAD UXBRIDGE 3 
OVER THE IRONSTONE BROOK 

604912 ATHOL- BRIDGE PRESERVATION, A-15-033, A-15-034, ROUTE ATHOL 2 
2 OVER SOUTH ATHOL & WHITE POND ROAD 

605084 BARRE- BRIDGE REPLACEMENT, B-02-005, ROUTE 122 OVER BARRE 2 
PRINCE RIVER 

605088 FITCHBURG- BRIDGE BETTERMENT, F-04-008, RIVER STREET FITCHBURG 3 
(ST ROUTE 31) OVER NORTH NASHUA RIVER 

605223 FALL RIVER- BRIDGE REHABILITATION, F-02-059, SR 79 FALL RIVER 5) 
(WESTERN EXPRESSWAY) INCLUDING ALL CONNECTING 
RAMPS 

605228 FRAMINGHAM- SUPERSTRUCTURE REPLACEMENT, F-07-001, FRAMINGHAM 3 
ROUTE 9 (WORCESTER ROAD) OVER STEARNS RESERVOIR 
OUTLET 

605272 BARNSTABLE- BRIDGE PRESERVATION, B-01-019, ROUTE 6 BARNSTABLE 5 


OVER IYANQUGH ROAD (ROUTE 132) 





Monday, June 28, 2010 Page 5 of 7 






















































































Project MassDOT 
Number Project Description City/Town District | Contract Number Construction Contractor 
In Design 93 
605291 DENNIS- BRIDGE REPLACEMENT, D-07-006, MAIN STREET (SR_- DENNIS 5 
28) OVER WATER SWAN POND RIVER 
605337 SOUTHBOROUGH- BRIDGE PRESERVATON, S-20-018, I-495 SOUTHBOROUGH 3 
(NB/SB) OVER HULTMAN AQUEDUCT & RAILROAD 
605338 SOUTHBRIDGE- BRIDGE DEMOLITION & ROAD RELOCATION, S- SOUTHBRIDGE 3 
21-014, SR 169 (NORTH WOODSTOCK ROAD) OVER THE P&W 
RAILROAD (ABANDONED) 
605343 SWANSEA- BRIDGE DECK REPLACEMENT & PAINTING, S-35- |= SWANSEA 5 
018, I-195 (EB/WB) OVER THE COLE RIVER 
605439 BECKET- BRIDGE REPLACEMENT, B-03-008, B-03-010 & B-03- BECKET 1 
011, (US ROUTE 20) JACOB'S LADDER ROAD OVER WALKER 
BROOK 
605440 BECKET- CHESTER- BRIDGE REPLACEMENT, B-03-037 & C-11- BECKET-CHESTER 1 
033, US ROUTE 20 OVER CUSHMAN BROOK & WALKER BROOK 
605459 CHESTER- HINSDALE- RICHMOND- WEST SPRINGFIELD- CHESTER-HINSDALE- 1 
BRIDGE RECONSTRUCTION, C-11-002, C-11-008, H-16-013, H- RICHMOND-WEST 
16-014, R-06-001 & W-21-008 (CSX DESIGN/BUILD - ABP-CSX1) SPRINGFIELD 
605460 HUNTINGTON- BRIDGE REPLACEMENT, H-27-006, (CSX HUNTINGTON 1 
DESIGN/BUILD - ABP-CSX2) 
605465 DISTRICT 2- INTERSTATE DECK REPAIRS (ABP-PR19) DISTRICT2 2 
605467 DISTRICT 2- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR20) DISTRICT2 2 
605470 DISTRICT 2- BRIDGE PRESERVATION (ABP-NFA7) DISTRICT2 2 
605472 DISTRICT 2- SCHEDULED AND EMERGENCY REPAIRS (ABP- DISTRICT2 2 
PR21) 
605473 DISTRICT 2- SCHEDULED & EMERGENCY REPAIRS (ABP-PR6) — DISTRICT2 2 
605476 DISTRICT 3- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR23) DISTRICT3 3 
605485 DISTRICT 4- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR26) DISTRICT4 4 
605494 DISTRICT 5- INTERSTATE DECK REPAIRS (ABP-PR28) DISTRICTS 5 
605496 DISTRICT 5- INTERSTATE SUBSTRUCTURE REPAIRS (ABP-PR29) DISTRICTS 5 
605510 MEDFORD- DECK REPLACEMENT, M-12-017, REVERE BEACH MEDFORD 4 
PARKWAY OVER MBTA AND CORPORATION WAY 
605511 BOSTON- DECK REPLACEMENT, B-16-367, CASEY OVERPASS BOSTON 6 
OVER WASHINGTON STREET 
605512 NEWTON- DECK REPLACEMENT, N-12-078 = W-29-062 NEWTON 6 
AUBURNDALE PEDESTRIAN BRIDGE OVER CHARLES RIVER. 
605513 NEWTON- BRIDGE DECK REPLACEMENT, N-12-080, RIVERSIDE NEWTON 6 
PEDESTRIAN BRIDGE OVER CHARLES RIVER 
605515 LYNN- REVERE- ELECTRICAL/MECHANICAL REPLACEMENT ON LYNN-REVERE 6 
L-18-015=R-05-08, ROUTE 1A OVER THE SAUGUS RIVER 
(GENERAL EDWARDS DRAWBRIDGE) 
605516 BOSTON- DECK REPLACEMENT, B-16-381, HUGH FARREN BOSTON 6 
PEDESTRIAN BRIDGE OVER OLD COLONY AVENUE 
605517 BOSTON- CAMBRIDGE - BRIDGE REHABILITATION OF BOSTON-CAMBRIDGE 6 
ANDERSON MEMORIAL BRIDGE, B-16-011=C-01-007, NORTH 
HARVARD STREET OVER CHARLES RIVER 
605520 ARLINGTON- SOMERVILLE- BRIDGE REHABILITATION, A-10- = ARLINGTON 6 
014, MYSTIC VALLEY PARKWAY OVER ALEWIFE BROOK 
605524 BOSTON-CAMBRIDGE- BRIDGE REHABILITATION, B-16-006=C- BOSTON-CAMBRIDGE 6 
01-005, CAMBRIDGE STREET OVER CHARLES RIVER (RIVER 
STREET BRIDGE) & B-16-377, CAMBRIDGE ST OVER SOLDIERS 
FIELD ROAD 
605527 BOSTON-CAMBRIDGE: BRIDGE REHABILITATION, B-16-010=C- BOSTON-CAMBRIDGE 6 
01-006, WESTERN AVENUE OVER CHARLES RIVER (WESTERN 
AVENUE BRIDGE) & B-16-375 WESTERN AVENUE OVER 
SOLDIERS FIELD ROAD 
605547 DCR- BRIDGE PRESERVATION AT VARIOUS LOCATIONS DCR 6 
605548 DCR- BRIDGE PRESERVATION AT VARIOUS LOCATIONS DCR 6 
605549 DCR- BRIDGE PRESERVATION AT VARIOUS LOCATIONS DCR 6 
605550 DCR- BRIDGE PRESERVATION AT VARIOUS LOCATIONS DCR 6 
605551 DCR- BRIDGE PRESERVATION AT VARIOUS LOCATIONS DCR 6 
605964 MILLBURY- BRIDGE REPLACMENT, M-22-020, ROUTE 146 (NB_MILLBURY 3 
& SB) OVER WEST MAIN STREET 
Not Yet in Design 13 
603531 PEABODY- BRIDGE REPLACEMENT, P-03-013, HOWLEY STREET PEABODY 4 


OVER NORTH RIVER 
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Number Project Description City/Town Contract Number Construction Contractor Bid Amount 
Not Yet in Design 13 
604645 SOMERVILLE- BRIDGE REPLACEMENT, S-17-025, ROUTE 28 SOMERVILLE 
(McGRATH HIGHWAY) OVER GILMAN STREET (AKA - GILMAN 
STREET BRIDGE) 
604669 WEST STOCKBRIDGE- BRIDGE REPLACEMENT, W-22-004, WEST STOCKBRIDGE 
ROUTE 41 (GREAT BARRINGTON ROAD) OVER WILLIAMS 
RIVER 
604716 MEDFORD-BRIDGE REHABILITATION, M-12-002, MAIN MEDFORD 
STREET (STATE ROUTE 38 S) OVER MYSTIC RIVER (AKA - 
CRADOCK BRIDGE) 
605283 BROOKFIELD- BRIDGE REPLACEMENT, B-26-002, SR 148 BROOKFIELD 
(FISKDALE ROAD) OVER THE QUABOAG RIVER 
605327 RAYNHAM- BRIDGE DECK REPLACEMENT & PAINTING, R-O2- RAYNHAM 
012, SR 24 OVER THE TAUNTON RIVER 
605344 TAUNTON- BRIDGE REPLACEMENT, T-01-015, WASHINGTON TAUNTON 
STREET (SR 140) OVER THE MILL RIVER 
605351 WEST BRIDGEWATER- BRIDGE REHABILITATION, W-18-012, | WEST BRIDGEWATER 
SR 106 (WEST CENTER STREET) OVER THE HOCKOMOCK RIVER 
605353 WEST SPRINGFIELD- SUPERSTRUCTURE REPLACEMENT, W-21- WEST SPRINGFIELD 
025, SR 147 (WB/EB) (MEMORIAL AVENUE) OVER (US 5) 
RIVERDALE STREET 
605508 REVERE- SUBSTRUCTURE REPAIRS, R-05-016, REVERE BEACH REVERE 
PARKWAY OVER BLUE LINE AND STATE ROAD 
605519 SOMERVILLE- DECK & SUBSTRUCTURE REPAIRS, S-17-039, SOMERVILLE 
ROUTE 28 OVER WASHINGTON STREET (MCCARTHY 
OVERPASS) 
605528 REVERE- STRUCTURE MAINTENANCE, R-05-001, REVERE REVERE 
BEACH PARKWAY OVER MBTA (WINTHROP AVENUE) 
605942 BLACKSTONE- BRIDGE REPLACEMENT, B-13-004, ROUTE 122 BLACKSTONE 


(MAIN STREET) OVER THE BLACKSTONE RIVER 
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